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Owens, 

$ Denver* 



Denver, Colorado 
April 2, 1936* 


?•J• Kirchoff Construction Co*, 
700 Lawrence St*, 

Denver, Coloredo. 

Gentlemen: 


, . In reference to your contract for Hemodel- 

Extending the U*S* Mint, Denver; the Aasistent 
airector of Procurement Jivision, Public torks Branch 
under date of larch 25, 1936 afiviocs changes will be mala 
as requested by Superintendent of U.s.Mint, subject to 
satisfactory itemised proposals* 


,, connection with contract work in the Inoot 

itihJS 8 J 0OT, 1 a 5j Computor’s office, ae indicated on 
Architectic-al Plan Mo.1-4, dense forward us your proposal 

i? 11 th ® 4 natur ® ©Reduction for the omission of the P 
o lie wing work in thi3 particular area. 


De*'OVi 1 ot p' ■'titions from column at corner 

2; ©l^vetor ahaf t to the west wall.from 

first floor to maezanine floor. 


2 * si: * ncJl tile p rtition and wilnscote 

indicated, froc hatchway to west well, first 
floor to mezzanine floor, and new partition 
from the new six inch tile partition exten in« 
north to south corridor wall and door No. 105? 


3. 


end base, as required in Computer’s 
office end all new granolithic floor and base 
Indicated on the pi n. 


4* New light switch required on plan CW-1-460* 

All other work indicated on plan in connection 
with removing Makeup and Refiner’s vault, 
lining etc. to be performed as per plans and 
specifications* 


In lieu of tho work listed above to be 


Page No* 2? - .J.Kirchoff Constr* Co* 


omitted, kindly render us your fir^ire as a ch rge for - 

1* Pept'iring plaster, pointing end ptinting the 
east face of pertition indicated on plan ©x- 
tendi ng froD center column to the south corridor 
"/rll, first floor to mezzanine floor* 

*2* Also include your figure for new four inch tile 
partition extending from center column north to 
doorway at elevator hatch, from first floor to 
mezzanine. Your figure to include plastering 
(mu painting of those new four inch partitions - 
oil to be performed after the H & R Vault and lining 
is removed and the conditions definitely known. 

Your early attention to this matter will 

greatly oblige. 


Very truly your^, 

•Tamos D« Owens 


Construction Engineer 



Jmes 3 * 
u .Mint 


Owens, 

• Denver. 


Denver, Colorado 
April £, 1936. 


•»T. Kirch off Construction Co*. 
700 Lawrence St., 

Denver, Colorado. 

Gentlemen: 


, . In reference to your contract for Remodel- 

Jj" U? 1 ^torKing the U.S. Mint, Denver; the Aa el stent 
director of Frocurcment division, Public lorks Branch, 
under date of March 25. 1936 advisee ch nges will be made 
as requested by Superintendent of U.s.L'int, eubjoct to 
satisfactory itemized proposals. 


j.,., „ In connection with contract work in the Ingot 

Computor’s office, as indicated on ^ 

3 nn No ? 1 " 4 f Piece® forward us your proposal 
in the nature of a reduction for the omission of the 
foil wing work in this particular area. 


1# Iterriovel o? partitions from column at corner 

of freight elevetor shaft to the west wall, from 
first floor to mezzanine floor. 


2 . 


3. 


New six inch tile p rtltion and wiinscote 
indicated, from hatchway to woet wall, first 
rloor to mezzanine floor, and new partition 
row the new six inch tile partition exten ing 
north to south corridor well and door No. 105. 


fljor and b; re, as required in Coonutor’s 
office and all new granolithic floor end base 
indice ted on the pi n. 


4. New light switch required on plan CW-1-460. 

All other work Indicated on plan in connection 
with removing Makeup and Refiner’s vault, 
lining etc. to be performed as per plans and 
specifications. 


In lieu of the work listed above to be 


Pege Ho* 2 - ?.J*Kirchoff Constr* Co* 


omitted, kindly render us your figure us a civ rge fbr • 

1. Repairing plaster, pointing end printing the 
eeot face of pertition indicated on plan ex¬ 
tending from center column to the south corridor 
well, first floor to mezzanine floor* 

2* ^11 so inolude your figure for new four inch tile 

partition extending from cantor column north to 
doorway at olevstor hatch, from first floor to 
mezzanine* Your figure to include plastering 
and pointing of these new four inch partitions - 
all to be performed after the M & R Vault and lining 
is removed and the conditions definitely known. 

Your early attention to this matter rill 
greatly oblige, 


ry truly yours, 
James 0* Owens 


Cons truction Engineer• 



Spec* Allot ant 
,inft Changes . 


Denver, Colorado, 0# 8* Unt* 


Owens• 

U* S. Mint, Denver, 


Denver, Coloraio, 
March 7, 1« . S, 


Superviaing mincer, 

Public orxb Branch, 

Procurem* r. t iiviaion# 

Sirs 

Complying with instructions contain© t in your It© iograci of 
March 5, for a ditlonal copies of sll corrospondfjnce 
relative to ct< irway and Ingot Melting Boom chrjagea, at 

the XJ* S. Mint, Denver, Color Ldo,- 

Herewith is copy of ny transittal, deted f/l/36, Also 
copy of a letter free, Mr. Mark A« Dkinntr, -up rintendont 
Vint, *n<i Ueujo, froa Mr. White, Mr.chin- ry Dupt, rccuecting 
the ch ngea outlined and indioated on sketches attached. 

Very truly youre, 

Junes Dm Owens 




Cona truc tl on i&vd near. 




Transmitting Letter 
Space Allotment & Changed 

C 

0 

PW-SE-6-B P 


Y 


Owens, 

U. S. Mint, Denver, 


Denver, Colo. U. S. Mint Addition. 


Denver, Colo. 
Feb. 1st, 1956. 


Supervising Engineer, 

Public Works Branch, 

Procurement Division, 

Washington, D. C. 

Sir: 

In reference to remodeling and re-arrange¬ 
ments of U. S. Mint, Denver, Colo. 

Herewith is a letter from Mr. M. A. Skinner, 
Superintendent, requesting the omission of certain proposed 
work, as indicated on Architect’s drawing No.1-4 in the 
re-arrangement of the Ingot Melting room end the Compu¬ 
ter’s Office. 


Mr. Skinner’s request, together with Memo, 
from Mr. M. H. White, Machinery Superintendent, appears self- 
explanatory and may be followed in detail. 

However, herewith is a print indicating the 
location in question. The omission being noted in red. 

The removal of the M & R Vault, Vault Entrance and new floor 
in the vault area to be performed as per contract. 

With Mr. Skinner’s objections to the re-arreng- 
ments being entirely substantial and Justifiable, and in as 
much as the Make Up and Transfer room will have ample space 
for their activities. 

I recommend omission of the proposed work 
with the exception of the removing Vault, Entrance, and adjusting 
the floors. 

Credit to be taken for items indicated in red on sketch, 
finishes, painting and new switch shown on CW-1-460. 

Your consideration and early decision on 
the matter will greatly expedite the work in thf t area as 
the vault removal and door transfer can be made at an 
early date • 

Respectfully sibmitted, 

James D. Owens, 


Construction Engineer. 



Transmitting Letter, 

Space Allotment i Changes* 


Denver, Colo* U.3* Vint Addition* 

G 


>onver* Colo* 
Feb. lot* 1956 


Jupervlslng T^nginoer, 

Public \orka Brur.ch, 
Frocu ram«at iris ion, 
anshington, D.C. 


PW-SK-6-B 

Owens, 

b*.f. Mnt,7>enTcr, 


sir.- 

Xn reference to remodeling end re—arrango- 
nontn of U*3. Vint, Denver* Colo* 


. A . rorewith is a letter from Mr. M.A. Skinner* 
superintendenti requesting the omission of certain proToaed 
workn as indicated on irchltocts's dzun'lng No. 1-4 in the 
re-arnaigerori t r of the Ingot Me lting room and the Compu¬ 
ter* s Office. 


._^ „ . Itr• skinner's request, together with Memo. 

from Mr. f*R* hite, l aehinery superintendent* appears self 
explanatory and may be followed in detail. 


However, herewith is a print indicating the 
location In question. The omission Lain** noted in rod. 

The romoYEl of the Ml K Vuult, Vault Entrance and new floor 
in the vault area to be perfoimed as per contract. 

'Alth Me. skinner's objections to the re-orrang 
meets being entirely substancial and Justifiable, and in as 
much as the Make Up and Transfer room will hare ample space 
for their activities. 

1 recommend omission of the proposed work 
with the exception of removing Vault, entrance and adjusting 

tnft flOOPB# 

Credit to be take for Items indicated in red on sketch* 
finishes* painting and new switch shown on c^f-1-460. 

Tour consideration end early declsjion on 
tho mattor will greatly expedite the work in that area as 
the vault removal and door transfer oan bo made at an 
early date* * 

Respectfully submitted. 
James D. Owens* 


Construction ^sinner. 




January - l* ltfSC. 


Mr. Jane# r. Owens 

Construction Engineer 
in Charge of Oper tlans 
C«nver f Colorado 

tour Siri 

1 desire to wli your attention to a ocriout ch n ;e in 
the Ingot Melting roon, txa shown on pit ns Ho. 1-4, wherein the 
spsce now being used by the topping, grinding und finishing 
Ac chines is to be allocated to the &.&e—Up tjoci Transfer room 
utul allot to the Ingot Melting roon a strip 8$* x 58* on the 
north end of this room where these ** chinos are to be roioc< ted. 
This is (• very serious ;-nti undesirable cha nge 6i it pices these 
». chinos right up against the furn. cos where the men open.ting 
then will b-ve to et ad iusir full shift under excessive heat 
conditions. This additional roan, which is to be *llottod to 
the it v©-Up cud T-onsfer room, is in no sense needed in th t 
department. 

This cht ng© also apices necess. ry the cutting of a door 
fron this op. c* into the north or na in corridor, which altera¬ 
tions add considerably to th/ cost of construction >nd accomplish 
no desired result, but .re detrimental to he successful oim- 
tions of the Ingot Melting roon# 

Upon her last visit to this institution, the lirector 
of the Mint, Mrs. Kellie Tayloo Host, was very emphatic , nd in* 
si stent th. t under n> cireunau uccs au.t these «un be coup lied 


Mr. JtiMi l m Ovens 


-2- 


To work uad<r such conditions and instructed us to see th*t this 
change was not nude* 

The cddi uion.il space which will be provided by the removal 
of M & R Vault *G" to the Make-Up wild Transfer rooia will provide 
ample space for these i ctlvitios, inasmuch * s curing our regular 
oper. tions this room is only used a very few hours s day and during 
the Duxlnua over tine open tions would probably never be occupied 
more then eight hours in tny 24 hours. 

I therefore reconvene! tt t with the exception of the 
removal of Vault *G* in Make-up end Transfer room, that no other 
changes be see in this d epartment. 

H< reto I am nclosing s copy of a letter addressed to me 
by Superint: mlent of Builcing end Machinery, Mr. Marsh li H. White, 
which goes more into detail regarding this recommend*tion. 

Respectfully, 

Mark Am Ssinner, Superintendent. 


United States Mint Service 


Mr. Mafck A. Skinner, 
Superintendent 

United States Mint 
Denver, Colo. 

Dear Sirs- 


Denver, Colorado, January 20, 1956. 

(s> 


In accordance with drawings No.1-4 first floor, it is proposed to 
take the old Superintendent of Melting and Refining Office), that is now occu- 
pied by the Ingot Melting Room - thia- is the only available space for the 
cleaning, tapping, filing and grinding of ingots, all these machines are 
housed in this room, which has a floor area of 350 square feet. It is pro¬ 
posed to take a little more than two-thirds of this space for Melters and Re¬ 
finers Clerks, marked on drawings No.1-4 computor’s Office; in return for this 
space taken for Ingot Melting Room it is proposed to give the Ingot Room a strip 
of 3^’ x 36’ or 216 square feet on the northwest end of Ingot Room. This space 
will be entirely too small for the efficient operation of these machines. It 
will be so close to the furnaces they will crowd the men on the furnaces and 
the men working on machines, and when emergency work and over-time is necessary 
to increase the output of ingots, it will be necessary to have more men to 
operate machines and perform the same work and it will be a question as to 
whether the workmen can stand this heat when crowded together in this narrow 
space. 


To make all these changes it will require a new tile partition 26* 
x 14’ on noth 3ide of Ingot Room, cut a new door in north corridor and it will 
have to be framed with marble and new door.: This door is now shown on drawing 
No.1-4 as now in place. In October 1916 this room was made a part of Ingot 
Melting Room - the door opening into North Corridor was closed and is now 
closed. The last visit made by the Director of the Mint to this institution 
she insisted that this room should not be changed; she did not want the workmen 
to haw to work in such crowded conditions, and heat. 


I would recommend that no charge be maze in tnis rz<m+ The additional 
apace required for Maxe-lp Boom ia non under contract; this requires the 
removal of Maice-up Vault - the door and vestibule will be relocated in the 

addition in the Rolling Room Strip Vault. 

cs • 

The Lirector decirec to have space no x occupied 'ey k-ke-up Vault 

X---- 

to be finished for the use of Meltcr Clerk; any additional ^srk to be sau 
done which ia not -ncer coat act can be performed by lint force. These 
changes will sake a big saving in labor and material. 


respectfully, 


Signed - Mar-snail H. White, 

Superintendent of Machinery. 



radiogram 


Denver, Colorado 
March 12, 19^6. 


Supervising jingineer, 
Public Works Branch, 
Procurement Division, 
Washington, D. 0* 


Correspondence relative chm gee in Ingot . 

and Computers Of ice "now drive way end pit tform • 

Advice what la to be® 0 L%5^nVT Y«r wire to me February 
See my letter February ^ 0U1 

fourteenth. Work delayed. Answer. 


Jaaes D. Owens 
Construction Engineer. 



.iW720 


'fi-V 
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Washington, D. C*, 

1:15 P 0 M* March 11, 1936* 

Construction Engineer Owen, 

U* S* Mint, Denver, 

Your letter 6th*, forwarding copies certain correspondence 
letters, relative changes partitions in Ingot Melt Room and 
Computers Office not received —«<3top—* Forward other 
Copies* 


G* R* Roberts* 


Changes k dp&ce Allotment. 


Denver, Colo., U.iJ.&int. 


Jrmes D. Owens 
U,3.Mint, )enver. 


PW-SB-6-B 



Denver, Colorado 
April 24, 19136. 


Supervising Engineer, 

Procurerxn t Eivi. ion. 

Public Works Branch, 

Washington, D. C. 

Sir* 

In reference to the contract with F.J.Xirchof f 
Construction Co. for remodeling end extending of the 
U. S. Mint in .Denver, Colorado, and in compliance with 
Item No. 5 of Office Letter to District Engineer, 

Collier, dated March 27, 19 6, to obtain Contractor’s 
proposal for the omission of a new 6” tile wall spec-* 
ifled to be installed north and south across Superin¬ 
tendent of Machinery Room, second floor of the old 
building, all as in iiceted on architectural plan No. 1-6. 

Contained herewith is tne Contractor’s proposal 
in the amount of $188.82 for the omission of the work 
mentioned above. The piers foiled to provide baseboard 
and choir rail on each side of this partition, plastering 
and painting both faces of partition. However, the con¬ 
tractor anticipated having to install these items in 
order to match adjacent work around the adjoining rooms. 

A check of Contractor’s proposal as itemized, roveals 
it to b e af-ir an) reasonable price for whet was reauired 
by the plena. 

In the omission of thic new tile wall partition, the 
Mint Suporinten ent is de-irous of having the existing wall 
in iceted to be removed, remain in its present position. 

He will then assign the scale repair section v/here file 
roo m is nm indicated, end the file room where the scale 
repair wan indicated. 

The contractor’s figure being fair ana reasonable for 
the omission of the work and the omission being necessary 
for the proper acta ini strati on of the Mint activities, I 
hereby recommend that the credit proposal be accepted as 
a deduction from the contract. 


Yours very truly, 
J mes D. Owens 




SEVENTH AND LAWRENCE STREETS 


DENVER, COLORADO 

TELEPHONE MAIN 5314 

April 23, 193Q 


Procurement. Division 

Public Works Branch 

Treasury Department 

rr. James D. Owens, Constr. Engiheer 

U.3. "int Addition 

Denver, Colorado# 

Dear Sir: 


In connection with our contract //?1 PW 2508 for the 
extension and remodeling of the U.G. Mint, Denver, Colorado, 
wo will allow a credit of ONE HUNDRED EIGHTY SIGHT DOLLARS AJ® 
EIGHTY T .0 CENTS (£188.83) if the hollow tile partition shown 
to bo erected in the Superintendent of Uachinery Office is o- 
mitted and the present partition allowed to remain# 

Ee submit herewith a breakdown of our figure for this 

work: 


Deductions: 

352 pcs. 6 x 12 x 12 tile 106#00 38.02 
labor on 352 pcs# G x 12 x 12 tile #06 21.12 
briar for * * • • * • .01 3#52 
icaffolding for 352 eq. ft. .005 1.73 
Patch and cut floor 10.00 
Remove partition 15.00 
Millworl: in place 17.50 
Plastering 78 yds. .75 58.50 
Painting 78 yds. 0 .30 23.40 


he attach hereto substantiating quotations received 
from our sub-contractors. 

Kindly advise us as soon as possible if you desire the 
above work omitted. 


Yours very truly, 

F. J. KIRCHHGf C0N3TRUCTI0H CO. 





OBF*M 









copy 


F* J. PCirchhoi Construction Co* 

7QO Laurence St* 

Denver, Colorado 


Re: Changes, Supt of Machinery 
Office, U*S. Mint, Denver. 


Gentlemen: 

Omissions: 

Omit plastering new tile partition 
Supt. of Machinery Office: 

73 sq. yds. on masonry u *75 #58*50 


walsh bros. 

By J. Walsh 


FRANK KlRCHHOF, president 

C F. STAHL, VICE prciiocnt LOUIS ANDERSON, secretary 



BAJW am p. STORE F4XT4JflE» 

INTERIOR finish of all. kinds 
, se3 2-A© ARAPAHOE STREET 


DENVER, COLORADO 


April 23, 1936 


F. <J. Xirchhof Const ruction Co., 
7th & Lawrence, 

Denver, Colorado. 

Gentlemen: 


Re: U. S. Mint, Denver, Colo. 

If wood trim on the dividing 
partition between the offices of the 
Superintendent of Machinery and Scale 
Repair is omitted, deduct Fourteen 
Dollars and Forty Cents ($14.40). 


Respectfully yours. 



BTJ/RS 
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